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BILL NO. S-75-10-£-y ( 

SPECIAL ORDINANCE NO. S- 3 ^ 

AN ORDINANCE approving a contract with A. GROSJEAN 
& SON for paving alley - Resolution 5692-1975 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That the contract dated September 23, 1975, between 
the City of Fort Wayne, by and through its Mayor and the Board of Public Works 
and A. GROSJEAN & SON, for: 

Paving the alley between Adams Street and Turpie Street from 
the south property line of Manford Street to the north property 
line of Evans Street 

for a total cost of $9,259.00, of which the property owners will be paying a 
maximum of $5.00 per front foot, all as more particularly set forth in said con¬ 
tract which is on file in the Office of the Board of Public Works and is by re¬ 
ference incorporated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 



Councilman 


APPROVED AS TO FORM 
AND LEGALITY. 











Read the first time in full and on motion by_ _ 3 seconded by 

, and duly adopted^ read the second time by title and referred 
to the Committee on __ (ap-a • r-he C4-U..£j an 


Comnjiss^fHTJT'^^ and Public Hearing t.o VOeTci"a": : T:eT' T ''rrGe-4eoa i notice, 

at”fWeTouncTl Chambers, Cit.v-County Buildinq, Fort Wayne, IndTana7~on ■—- , 

~~ 7~T97~ 


“TITe - 


day of 


o' cTo^t-rrM77r37T7- 

Date: /f" XS 



Read the third time in full and on motion by 

0 , 




seconded by and duly adopted, placed on its passage, 

te fo' 

a 


Passed 


by the following vote: 

NAYS 


<9 


a 


BURNS 

HINGA 

KRAUS 

MOSES 



as; oral) fAnn exation ) (Special) (.App^do/datio-iij Ordinance 

(Restrhrlr^ No. w^Q^^^^o n the d ay of , T97 ^ . 

ATJEST : (SEAL) 

■ • uJ- 

“^TTY'tLERK 



' " Preset ced^v me to the Mayor of the Cl tv of Fort Wayne, Indiana., on the / 

^ 197 ^ , at the hour of //- ///o 1 clock 

** ~M.,E.S.T. j 

/} /? i }*JL 

“ ^4^f~CLF 


Approved and sinned by me this /a ^d ay of 


■ 19T& , 

















































































Bill No. S-75-10-51 


REPORT OF THE CO.MMITTEE ON 


PUBLIC WORKS 


We, your Committee on 


Public Works 


to whom was referred an Ordinance 


approving a contract with A. GROSJEAN $ SON for paving alley * 

Resolution 5692-1975 


have had said Ordinance under consideration and beg leave to report back to the Common 
Council that said Ordinance JL)<0 _ PASS. 


Winfield C. Moses, Jr. - Chairman 

































THE CITY OF FORT WAYNE 

board of public works 

city-county building September 23, 1975 

one main street 
fort wayne, indiana 46802 

The Common Council 
Fort Wayne, Indiana 

RE: Illsley Drive, Resolution 5699-1975 & 

Alley Between Adams and Turpie, Resolution 5692-1975 

Gentlemen and Mrs. Schmidt: 

Property owners on Illsley Drive from Broadway to Indiana have agreed to repair 
their sidewalks at their expense if the City will repair curbs and refurbish 
lighting. A. Grosjean has been awarded the contract for curb repair in the 
amount of $18,900.70. 

Also, a contract for alley improvement between Adams and Turpie Streets from 
Manford to Evans Street has been awarded to Grosjean in amount of $9,259.00. 
Property owners will be paying $4,763,00 of this project under Barrett Law. 

The contractor is ready to proceed with the Illsley Drive project. If time 
and weather allows, he may be able to do the Adams-Turpie alley. 

The Board, therefore, requests a "Prior Approval" of these projects to allow 
contractor to attempt to complete during this construction season. 

Contract and documents will be submitted to Council for formal approval on 
October 14, 1975. 



Sincerely, 

BOARD OF PUBLIC WORKS 

Carl E. O’Neal, Member 

CE0:bt 
cc: Mayor 

Attachments: Tabulations 
APPROVED: 



I V 





















































































































































CONTRACT 


BARRETT LAW 

SUBJECT TO COUNCILMANIC APPROVAL 

Preliminary Meeting _ 

Ratification _ 


2tyis Agmmwt made and entered into this Hay o f 

by and betw< 


s/S" 


---'-A. (310SJEAN & SON--- 

hereinafter called "Contractor” and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City," under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 

prnvel mp. Res. No. 5692-1975; for paving the alley between Adams Street and _ 

Turpie Street from the south property line of Manford Street to the north 

property line of Evans Street 


by grading and paving the roadway to a width of __ten (10) wi th seven (7”) inch _ 

plain concrete ___ 

upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 


ment Resolution 1 


at the following prices: 



Excavation, regular 
(2 cu. yds. to be used 
for fill) 

Four dollars and no cents, 
per cubic yard 

4.00 

Alley pavement, 7" 
plain concrete 

Twelve dollars and no cents, 
per square yard 

12.00 

Stone for drives, #53 

Eight dollars and no cents, 
per ton 

8.00 

Fine grading 

One dollar and no cents, 
per square yard 

1.00 

Seeding & sodding 
(includes straw mulch) 

Two dollars and no cents, 
per square yard 

2.00 

New catch basins to be 
constructed 

One thousand two hundred 
dollars and no cents, per each 

1,200.00 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen's 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 


A copy of General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 





























The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according to the terms and conditions of Improvement Resolution No5-622.t- 197_5 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). > 

It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City ; said Contractor hereby covenants and agrees that said improvement shall be finally 
within thrity (30) working days after Councilmanic approval 

and in all respects completed on or before.- L _, 19-and the Contractor agrees to pay and 

give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 

__.da.tg.---19.-until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part ol said work or material. , 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect or fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City.growing out of any such injury or damage. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this— 
day of-- —— --, 19—_ 

A. GROSJEAN & S0N 


City of Fort Wayne, By and Through: 




Contractor, Party of the First Part. 


(LSI £ <Q%JL 


\ A-Kj- — V-J^n i 

*1 



Its Board of Public Works and Mayor. 


S t# a Wk- 


















GENERAL ORDINANCE NO. G-60-66 


concerning discrimination in employment under municipal contracts 
and Provid'd fig. a penalty, as passed by the Common Council of the 
City of Fort Wayne, Indiana on May 10, 1966. 


SECTION 1. Every contract for or on behalf of the City of Fort Wayne for 
construction, alteration of repair of any public building or public work or 
sx-rCofitanee of any other work or service shall contain provisions by which 
contractor agrees as follows; 

(a) In the hiring of employees for the performance of work under this 
ract or any subcontract hereunder, no contractor, subcontractor, nor any 
on acting on behalf of such contractor or subcontractor, shall discriminate 
use of race or color against any oerson who is qualified _and available to 
orm the work to which the employment relates; 

t.b) No contractor, subcontractor, nor any person on his behalf, shall in 
manner discriminate against or intimidate any employee hired for the nerformanc 
ork under.-this contract on account of race or colors 

(c) There may be deducted from the amount payable to the contractor by the 
of Fort Wayne under this contract a penalty of ten dollars ($10.00) for each 

on for each calendar day during which such person was discriminated against 
ntimidated in violation of the provisions of this contract; and 

(d) This contract may be cancelled or terminated by the City of Fort Wayne, 
all money due or to become due hereunder may be .forfeited for a second or 
subsequent violations of the terms and conditions of this contract as to 
rimination on account of race or color. 


UjEap:r©ve:an©jaiS USesoIIcidlon 

FOR STREET OR ALLEY 


t: r\ 

&) 'O V & 1 975 

r''SOLVED BY THE BOARD OP PUBLIC WORKS OP THE CITY OF FORT WAYNE, INDIANA, 
it is c’eemed necessary to improv e the alley , between Adams . Street and , Turp i e , Street - 


from t’> south property line of- Man ford_Stree _ t _ 

to north property line of_Svans Street— 


Ey draining, curbing, grading and paving the roadway to a uniform width of— 
tvSt~S' mcir A.spbal L, As p haltio Concrete upon a si:; (0) inch - C u iicrcte f o undati o n," 



l§n_(10 ) feet 

n-(G) ' inch 1 Plain Con c re t e 


with 7” Plain Concrete 


all in accordance with the profile, detail-drawing and specifications on file in the office of the Department of 

Public Works of said City; and such improvement is now ordered. 

A maximum cost of $5.00 per front foot 

. movement, excepting the - eoat - of otuoot and alley interaectiongj shall be assessed 


upon the real estate abutting on saicL 


alley 


5 above described and on 


property within 150 feet of the line of the 3Uey. _ 


the balance of the total cos 
_to be improved, anc/upon the City of Fort Wayne, 


Indiana, to the extent of the street and alley intersections. All according to the method and manner provided 
for in an Act of the General Assembly of the State of Indiana, entitled, “An Act Concerning Municipal 
Corporation,” approved March 6, 1905, and the provisions of all Acts amendatory thereto and supplemental 


thereof. six ^ 

Assessments if deferred, are to be paid in ten equal installments, with interest at the rate of per 

cent, nor annum. A bond or bonds shall be issued to the contractor in payment of such work, unless the 
property owners pay said assessments before said bond or bonds are issued. Under no circumstances shall 
t’m C : ty of Fort Wayne be or be held responsible for any sum or sums due from said property owner or own- 
p )): sa id wor k, or for the collection of the same, or for the payment of any bond, bonds, certificate or 
-certificates, issued to said contractor in payment for such work, except for such moneys as shall have been 
received by the city from the assessments for such improvement, or such moneys as said city is by 
jyv/r ebeve entitled act required to pay. All proceedings had and work done in the making of said improve¬ 
ment, assessment of property, collection of assessments and issuance of bonds therefor, shall be as provided 
for in said above entitled act and all amendments thereto and supplements thereof. 


.day of. 


ft 

flhSSl vA IS-L. 


BOARD OF PUBLIC WORKS: 








































GUARANTY BOND 


ICmnn AU Hbti bg OBgtst |ir*0fitts, That we~r~~r~r:-.-r~- 

....A. GROSJEAN & SON----- Contractors 

as principal, INDIANA INSURANCE COMPANY of INDIANA PO LIS, INDIANA-.-— 

surety 

are held and firmly bound to the City of Fort Wayne, Indiana, in the sum _of- Kj- j } . ? . . nd Two 

Hundred Fifty Nine Dollars and No Cents--------■ 


- - ----- ft 9,259.00 ) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said Z. ~T"~n 

— —.——-•—A. GROSJEAN & SON'--- 

did on the____day of-- 

--- enter into a contract with the City of Fort Wayne to construct a 

--itLLgX-----Pavement 

m Imp. Res. No. 56 92- 1975; f o r pa v inc^ f ^y^rey&ythe alley between Adams Street 
and Turpie Street from the south property line of Manford Street to the north 

property line of Evans Street, to a width of ten (10) feet, with seven (7") 

inch plain concrete. 


----according to certain plans and specifications, and 

for a period of three (3) years 

also warranting and guaranteeing the wor^ material and condition of the pavement thereof as provided 
in aforesaid contract and specifications. Now if the said : 

A. GROSJEAN & SON - shall faithfully perform and fulfill all the require¬ 

ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 


WITNESS our hands and seals this___day of_ 



i 

















































LIABILITY BOND 


iCnmo All JEta bg 2tye« ^rfHnsta, That we r - ~-r -r "--r . --"--r . -r — i z; 

-A. GROSJEAN 8, SON-- 

as principal ...d INDIANA INSURANCE COMPANY of INDIANAPOLIS, INDIANA- 


as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of.. ^i l l^— 

Two Hundred Fifty Nine Dollars and No Cents- 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by th ese presents. 


-------: ($a»25£.m_> 

The conditions of the above obligation are such, t hat if the above named party of the first part shall 


faithfully comply with the foregoing contract made and entered into the. 


day of_, with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein containe d, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and conditions for the period of three.(3)years, according to the 
true intent and meaning thereof in all respects, the n this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any w ay release the sureties on this bond. 


WITNESS our hands and seals this— 


—day of_ 


Approved this— 


J-3 


A. GROSJEAN & SON 


-(SEAL) 



—day of_ 


----- 


A Board of Public Works. 

COMPLETED IN STREET ENGINEERING OFFICE 
AUGUST.22,.1975.. 


rCE COMPANY, SURETY 



APPROVED AS to FORM and LEG*ja* 





















































POWER OF ATTORNEY 


juiubahci^^l 

FIDELITY Si SURETY DEPARTMENT 


KNOW ALL MEN BY THESE PRESENTS, That Indiana Insurance Company, a Corporation duly organized and existing under 
the laws of the State of Indiana, and having its principal office in the City of Indianapolis, Indiana, does hereby make, constitute and appoint 

Ervin H. Heider or Ronald E. Altevogt— 


of Fort Wavne ___and state of Infliana ____— 

its tnie and lawful Attomey(s)-in-Fact with full power and authority to sign, execute, seal and deliver any and all bonds and undertakings 




STATE OF INDIANA ) 
COUNTY OF MARION) 53 ' 


INDIANA INSURANCE COMPANY 

Ry ~ 

y Vice President 


to me known, who being by me duly sworn, di 
of Indiana Insurance Company, the Corporate 
poration; that the seal affixed to the said inst 


„, A. D. 19± 


, before me personally cam* 


Ffliwt. 


Corporation; and that he signed his 


pose and sav, that he resides in the City of Indianapolis, Indiana; that he is Vice-President 
described in and which executed the above instrument; that he knows the seal of said Cor- 
ment in such corporate seal; that it was so affixed by order.of the Board of Directors of said 

J. S. Faust 


e thereto by like order. And said 

J. R„ Johnson 


o be the Secretary - Assistant Secretary of said Corporation; and that he executed the above instrument. 


3-20-77 

My Commission Expires 


// 7/iU$L' 

Kills Notary public 


STATE OF INDIANA ) Js 
COUNTY OF MARION) 

, J. R, Johnson _ _ the Secretary-Assistant Secretary of Indiana Insurance Company, do hereby 

certify that the above and foregoing is a true and correct copy of a Power of Attorney, executed by said Indiana Insurance Company, which 
is still in full force and effect. 


In witness whereof, I have hereunto set my hand and affixed the seal of said Corporation, at the City of Indianapolis, thi 

























-s ke 


WAGE SCALE 


cobZi 3-skilled ■ ' 

S3-LEM I 3KILLED 
US-UNSKILLED 
IF« t .’’Wj 79 ■ AL fUND 
PW-I'ER w.-.- ;.: 

We, the undersigned committee, baing appointed to prepare a schedule cf the prevailing 
vagoa to be paid in connection with, ALL CONSTRUCTION AND MAINTENANCE PROJECTS TO EE AWARDED 
3V CONTRACT FOR THE BOARD OF WORKS, CITY OF FT. WAYNE, INDIANA DURING THE MONTHS OF JULY, 
AUGUST AND SEPTEMBER OF, 1975. 

In coopllance with the provisions of CHAPTER C 319 of the acts of the GENERAL ASSEMBLY of 
INDIANA, 1935, have established a schedule aa hereinafter set forth for the following trades 
to wit; 


TT-A-ES-m. .CCCUEAH2-N 

ASBESTOS WORKER 
BOILERMAKER 
BRICKLAYER 
CARPENTER 


(BUILDING) 

(HIGHWAY) 


CEMENT MASON 

ELECTRICIAN 

ELEVATOR CONSTRUCTOR 

GLAZIER / 

IRON WORKER / 

LABORER / (BUILDING) 
(HIGHWAY) 
(SEWER) 

LATHER 

MILLWRIGHT S PILEDRIVER 
OPERATING EICXNl 


(BUILDING) 

(HIGHWAY) 

(SEWER) 


PAINTER 

PLASTERER 

PLUMBER a STEAM FITTER 
MOSAIC 6 TERRA220 GRINDER 

ROOFER 

shzethetal worker 

TEA-iSTER 


( bu ill i . k x;) 

(HIGHWAY) 


If 


GLASS 


RATE PER HR. 

H6.W , ?EN_VAC A?* - MTSC. 

s 


10.55 

35C 

55C ' 



i ' 

3if 

s 


10.05 

50 

1.00 


1C 

4 

s 


9.29 

30 

25 


I 




8.73 


67, 


4 

2if.. ... 

S 


9.01 

47 

40 


5 

2if 

s 


8.70 

40 





s 


9.50 

30 

17430 


4 


s 


8.77 . 

44% 

29 

77. 

2 


s 


8.24 

12 


25 

4 

354holida' 

s 


10.20 

65 

80 


I 

2 if 



6.25-6.65 

35 



9 


Sr US- 

3S 

.5* 90-6. Of 


35 

35 


7 



6.25-7.31 


35 

30 


7 


s 


8,20 


25 


1 

3 if 

s 


9.06 


67. 


4 

2 if 

US 


7.20-9.90 

40 

40 


5 


S-SS-- 

US 

6.96-9.10 

... 

40 


6 


p^s; 

US 

7.07-').27 

40 

40 


5 


s 


7.'75-8.75 

37 . 

35 


10 

omisc. 

s 


8.40 

40 





s 


9.90 

30 

65 


7 

4if 

s 


6.65-8.85 






s 


8.75 


to 



X 

s 


9.89 

40 

35 


4 

1315 : 

s-ss 

US 


7.36^8.3$ 


l^.Sng 




S-SS~ 

US 

7.16-7.7b 

!7.50p«p«.VU* 

. 




?AlB. The above and forgoing shall shall be tha nlniniua [’-^availing wage scale for this pr ’ 
a- A'.t by tha wage scale coraittja, but in no way ehall it prevent the contractor or sub - 
.coT.cractor from paying a higher rate of wages than net out in tha schedule of ware.; on file. 

BATED TH.-.C DAY OF i_ JL^ . 19 ~lST ( , L J n. Q -a ? ~T~i . 

REPB^EN-.^A NTT a I- IV.MA? 

C* LJ ? 

"rii^^.VrilG THE AVAaTlra AGu,7- 

Givi 


W" 


REFEEaENTISG STA 


A.T.L. u C.I.C. 

























































DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Covers contract with A. Grosjean & Son in amount of _ 

$9,259.00 for paving the alley between Adams Street and Turpie Street from the 

south property line of Manford Street to the north property line of Evans Street, 

Resolution 5692-1975. 


ATTACHED: Copies of Prior Approval, Bid Tabulation and Contract 


7r-/Q'~S-/ . 


r 


EFFECT OF PASSAGE Paving of alley as requested by property owners 


EFFECT OF NON-PASSAGE SEE PRIOR APPROVAL 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $9,259.00 (property owners 
will be paving a maximum of $5.00 per front foot) 


ASSIGNED TO COMMITTEE 





























